Approved For Reles 


r06/11 : CIA-RDP67B00820R000300220035-1 


I Cfy ^-O 

,5 - c 25X1 A 


LocMieed Aircraft CorporatlOT 


Burtank, Califorria 
Gentlemen: 



oxc -5627 ^ 

Copy 1 of "6^ ' 

Contract No* CA-20 
Amendment No* 3 

A 20 Septonber I963 

2 5X1 A 


1, Reference is made to Contract CA-20 effective for the period 1 July I 962 
through 30 June 1964* 

2. PART I - SERVICES AND SUPPLIES TO BE HJEHISHED BY THE CONTRACTOR is 
deleted in its entirety and the following is substituted therefor: 


’’(a) The Contjpactor shall furnish the services and supplies designated 
in the three categories identified below: 


Category I - SeirvlceB Primarily At Or For Operations 


Item 1 - The Contractor shall calibrate, certify and acconrplish 
minor r^airs to, such inst rumentation eqpi jmient used 

' tehis effort 


by it and other Contractors 
will be acconipll^ed primarily through or ' at the 
Contractors plant. 


Item 2 - The Contractor shall operate Base Support Shops 

(Machine Shop, Engine Buil d-up* Welding * Personal 
Equipment, Clerical, etc*) | in such a 

manner as to provide ST;©port to the Base and to all 
Contractors* On occasion, when necessary due to work 
load conditions or the need for the u se of special ized 
equipment on facilities not available I I the 

Contractor may "farm out" such work to its plants. 


Item 3 - The Contractor shall furnish j" 


I I a crew of 

mechanics required to maintain in gooa op Wating condit ion. 


the Ground Si^ort Equipment (GSE) in use [ 




AF equipment will be maintained in accordance with USAF 
T. 0. 00-20A-1 and other applicable T. 


0.*s. 


25X1 A 

25X1 A 

25X1A 

25X1 A 
25X1 A 
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Item 4 - The Contractor shall operate in accordance with standard 
contr cOL procedures* the nece ssary Tool Cribs for common 

25X1 A ^sagel 1 

Item 4a- The Contractor shall furnish the technical services, 

including crews, to maintain as required the transport 
administrative and chase airplanes in operating condition. 


Item 4b- The Contractor shall furn ish o ther services incidental to 
25X1 A the project activity and | | operation* Such services 

aVifl .1 1 include, but not be limited to, cargo and material 
handling, trucking, airplane loading and unloading, and 
stock assistance. 
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Category II - Services Primarily At The Contractor’s Plant 

Item 5 “ Contractor shall, to the extent that in its 

judgement it is necessary, inspect, test and repair 
25X1 A GFM and GFP (including tool crib equipment) which is 

returned from | ~| or the Depot for that purpose. 

The Contractor shall provide secxirlty investigative 
services as necessary to maintain clearance for project 
personnel in accordance with the requirement s of Project 
Headquarters and safety engineering services | 
to maintain the highest standards of safety commensurate 
with operating requirements. The Contractor may, with 
the approval of the Contracting Officer, subcontract 
such portion of this work as is required due to 
temporary overload conditions. 

Item 7 - The Contractor shall provide telephone and TWX services 
to support the COMMO operations and to provide sterile 
telephone service for customer representatives located 
at the Contractor’s plant. 


Item 6 - 

25X1 A 


Category III - Supplies 

The Contractor shall furnish such miscellaneous services, 
of kinds commonly referred to by the Contractor as 
"accommodation sales" and other such kinds as agreed 
upon including tool crib support items, as the 
Government may call for hereunder* Such calls will 
be written order lists; serially numbered by each location, 
issued by the Government s’ Depot representatives (at the 
Depot and l I Such lists may be in the form 

of teletyped messages." 


3. Paragraph (a) of PART IV - CONSIDERATION AND PA3CMENTS is not further 
revised by this amendment. 


Item 8 - 


25X1A 
25X1 A 


4. All other terras and conditions, as amended, remain unchanged. 
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5. The provisional Contract Hourly Rates for the period 1 July 1963 
through 29 December I963 vhlch shall apply until the final fixed "Contract 
Hourly Rates" have been negotiated between the Contractor and the Contracting 
Officer shall be those set foirth in Appendix II. 

6. Please indicate your receipt and acc^tance of this Amendment No. 3 

to Contract No. CA -20 by executing the original and two copies of this amendment. 
Return the fully executed original and one copy to the undersigned, and retain 
the ranaining copy for your files. 


25X1 A 


contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
LOCKHEED AIRCRAFT CORPORATION 


BY^ 


CLARENCE L. J^^6n 


TITLE Vice President 


DATE 3 October 1963 


25X1 A 
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